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Se China Civil Engineering Construction Corporation 
PERM CCECC Pakistan Branch 
Address: House 18, Street 35, F-7/1, Islamabad, Pakistan Email: ccecc-pakistan@ecece.com.cn 
Tel: +92 3171706755 Date: March 20, 2023 
To: Project Director (Karachi Mobility Project) CCECC/PAK/2023-12 


Sindh Mass Transit Authority (SMTA) 
House # D-43, Shahra-e-Ghalib, Block 2 Clifton, Karachi 


SUBJECT: QUERIES FOR PRE-PROPOSAL MEETING OF PACKAGE - 4: NEW 


JAM SADIQ BRIDGE (YELLOW CORRIDOR SEGMENT 3) BUS RAPID 
TRANSIT (BRT) “YELLOW LINE” 


Dear Sir, 


Reference is made to the subject bid which CCECC, as an international contractor, is interested 
in participating in. 


As we are going through the bidding document, a few questions and queries have been raised, 
whose clarification will proof helpful to our preparation of the proposal. Enclosed please find our 
list of queries and be requested to kindly respond to them. Our contact is given below. 


Contact: Xu Zhuoran 
Phone: 0317 1706755 
Address: #18, Street 35, F-7/1, Islamabad 
Email: ccecc.pakistan@gmail.com 
The Employer’s consideration and response are highly appreciated. 
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SE” D China Civil Engineering Construction Corporation 
PEE CCECC Pakistan Branch 


Address: House 18, Street 35, F-7/1, Islamabad, Pakistan Email: ccecc-pakistan@ccecc.com.en 
Tel: +92 317 1706755 Date: March 20,2023 _ 


Attachment: 


List of Queries from CCECC 


Procurement of Package - 4: New Jam Sadiq Bridge (Yellow Corridor Segment 3) Bus Rapid 
Transit (BRT) “Yellow Line” 


1, Please kindly provide the topographic survey in ACAD format and cross sections at 50m 


interval at 500m upstream and downstream. 


2. Vol2 P14 Geotechnical Works states the Proposer shall carry out design-level geotechnical 
investigation, obtain permits for any boring or test pit required and get labs and subcontractors 
approved by the Employer; also, under Hydraulic Study, the proposer also need to establish a 
physical model by a reputed hydraulic research institute in Pakistan. As the above pre-design 
works requires large volume of works which are time consuming, and the construction design is 
the key to our proposal, it is requested that deadline for submission may be extended for 
another one months. This is to allow us to prepare and submit a most cost-effective engineering 


design. 
3. Vol 1 Special Conditions 
a. Advance payment is 10% of contract value while amortization rate is 15%? 


We suggest increasing to percentage of Advance Payment to from 10% to 15%, the same 
percentage as amortization rate. 


b. It is not clear when amortization of Advance Payment will commence. We suggest that 


amortization advance payment shall commence when the total project progress has reached 
the same percentage of Advance Payment to the Proposer. 


